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October 31,2017 


Mr. William Rhymes 
CH2M Hill 

1515 Poydras St., Ste 1550 
New Orleans, LA 70112 

Mr. Ron Spooner 

Sewerage and Water Board of New Orleans 
8800 S. Claiborne Av. 

New Orleans, LA 70115 

Re: Contract EE 17-0010 

Installation of 5 - 2.5MW generators at CWP 


Gentlemen: 

Please accept this letter as our formal request to increase our contract value on the above 
referenced emergency contract to $4,730,000. The reason for this request is a change in scope that 
includes but is not limited to the following: 


Table 1 - Work Performed or in Progress 

Installation of 5 designed slabs for the EMDs. $380,000.00 

Investigation of gas lines / flushing as needed due to preexisting leaks. $125,000.00 

a a , cit« wnrk Hue to EMD offloading complications. $ 195,000.00 


Furnish aux fUel tank and controls and flush lines $150,000.00 

Additional site preparation and grading for EMD slabs. $225,000.00 

Furnishing of Neutral Ground Resistors and other electrical components as qqq qq 

needed 

Installation of auxiliary generator no. 2 and the associated transfer scheme $140,000.00 
Testing of equipment, electrical and mechanical (Budget) $95,000,00 

PT monitoring and controls $105,000.00 

Miscellaneous Items not included above $190,000.00 

Subtotal $1,690,000.00 

Table 2 - Work Pending 

Replace 4 W , 8" and 10” gas lines as needed $230,000.00 

Additional site lighting and other ancillary electrical work $115,000.00 

Walkway systems and egress $85,000.00 

Maintenance on Gas compressor $45,000.00 

Furnish Load Bank $175,000.00 


Relocate conductors to T4 from T5 $ 125,000.00 



Walter J. Barnes Electric Co., Inc. 

p.o. Box 10458 * 2324 Severn Av» * Metairie, IA 70001 
Ph: (504) 835-1756 • www.wjbe.com • Fax: (504) 834-2611 



Provide jersey barriers as needed 

Replace fencing and sidewalk 

Survey slabs elevations 

Gas monitoring system 

$40,000.00 

$65,000.00 

$10,000.00 

$150,000.00 

Subtotal $1,040,000.00 


TOTAL $2,730,000.00 



in progress 



breakdown of 


future costs will be. We have billed to date a total of $3,348,425 through October31 


based 


formation 


is in Table 2 are budgets at this time and not quoted costs as design and scope; 
We may want to consider a separate emergency contract for work to the gas i 
r>A Artier items as these are separate from the EMDs. Please let me know 


any 


The contract price includes other ancillary costs not originally included, but we are confident 


unless other unforeseen changes occur, we can complete tt 
any questions regarding the foregoing, please let me know 


Sincerely, 

Walter J. Barnes Electric Co., Inc, 



William C. Ellis III 

President 


Cc: Mr. Bruce Adams 
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